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BILL NO. S-86-05-/ O 


SPECIAL ORDINANCE NO. S- 4 )~f ^ 


AN ORDINANCE approving Change Order 
No. 1 and FINAL for Res. 416-85, 
Paulding Road-Decatur Road Point 
Repairs, with Land Excavating, Inc., 
in connection with the Board of 
Public Works and Safety, of the City 
of Fort Wayne, Indiana. 
NOW, THEREFORE, BE IT ORDAINED BY THE COMMON COUNCIL OF 
THE CITY OF FORT WAYNE, INDIANA: 
SECTION 1. That Change Order No. 1 and FINAL for Res. 
416-85, Paulding Road-Decatur Road Point Repairs, with Land Exca- 
vating, Inc., in connection with the Board of Public Works and 
Safety, for: 
This Change Order reflects decrease 
items not necessary as part of 
subject project. Further, it allows 
for the modification of existing 
structures to accommodate the 42" 
RCP Class V; thereby making this a 
decrease change order; 
involving a net decrease of Five Thousand Sixty-Six and No/100 
Dollars ($5,066.00), all as more particularly set forth in the 
specifications, and which is on file with the Office of the Board 
of Public Works and Safety, and is by reference incorporated 
herein, made a part hereof and is hereby in all things ratified, 
confirmed and approved. 
SECTION 2. That this Ordinance shall be in full force 


and effect from and after its passage and any and all necessary 


approval by the Mayor. 





APPROVED AS TO FORM 
AND LEGALITY 









Bruce O. Bo City Attorney 





erger, 

















Read th i time in full and on motion by oo P 
seconded by , and AD adopted, rad etond time 
by title and referred to the Committee dec m [727 98 gy e cit 
Plan Commission for rocotcendation) and ochi- Hearing tO 5e held. s 


due legal notice, at the Council Chambers, Citv- 
Indiana, on 












seconded by 
passage. PASSED 





' and duly adopted, 
(SOS) by the following vote: 
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NAYS ABSTAINED ABSENT ' TO-WIT: 
TOTAL VOTES 
BRADBURY 
BURNS 
EISBART 
GiaQUINTA 
HENRY 

REDD 
SCHMIDT 
STIER 


TALARICO 


IS Ie Fel de e [e Fo 
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DATE: 





LU SL C KR | É? 


SANDRA E. /RENNEDY, CITY CLERK 


Passed and adopted by the Common Counci pë the City of Fort 


Wayne, Indiana, as APE 
(SPECIAL) (ZONING-MAP) ORDINANCE (RESOLUTION) od. 


on the v 7A day o£ > dm 


ATTEST: G, La 
ee! 


SANDRA E. KENNEDY, CITY. CLER PRESIDING OFFICER 











Presented by me to the wage of the City of Fort Wayne, Indiana, 


on the o2 fx day of haz à , 19 y ee 
at the hour of // Nri, o'clock T Me ST 


AAA pá Pere 
SANDRA E. SER, CITY- CIERK 


Approved and signed by me this za etc Gay of T tla, : 
9 $6 


RN S dt thenhoar of 3:50 o'clock VA M. EFST. 
Loe 


WIN MOSES, JR., MAYOR 











CHANGE ORDER 








Change Order No. #1 (final) Resolution No. 416-1985 
Project No. abr Board Order No. 
Name of Project: Paulding Road-Decatur Road Point Repairs Date: April 10, 1986 TT 
Tos Land Excavating, Inc. 

(Contractor) 
Gentlemen: 


You are hereby requested to comply with the following changes from the contract plans and 
specifications: 











[em LA Description of Change BERGER SUE Change in Contract Price 
No. Description nit Price Increase 


SEE ATTACHMENT TO CHANGE ORDER 
























Total Decrease 


Total Increase 


Net (Decrease)(Increase) Contract Price 


The sum of $ 2,066.00 is hereby (added-to) (deducted from) the total contract price 
and the final contract price shall be adjusted as follows: 


Original Contract Price a 
Current Contract Price Adjusted by Previous Change Order 
New Contract Price including this Change Order 


$28 560.00 
$28,560.00 


$ 33,494.00 


The time provided for completion in the contract for this project is (unchanged) (increased) 


(decreased) by --- calendar days due to this Change Order. The date for completion 
"Of all work shall be -Marche 12,::1986 . Furthermore, this document shall become an 
amendment to the contract and all provisions of the contract shall apply hereto. 
Recommended by: "dd Chief Engineer Date AA SEDE 
Accepted by: Contractor Date April 10, 1986 
Approved by: Date “a acd Xi EE 
Date 








Approved by: 





Attested by: Date S-33-£6 
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Change Order No. — #1 (final) 


p Resolution No. 416-1985 


-—. 


Board Order No. 


REQUEST AND JUSTIFICATION FOR CHANGE 


Necessity for change: 





This change order reflects decrease items not necessary as 

part of subject project. Further, it allows for the modification 

of existing structures to accommodate the 42" RCP Class V; 
ER O SD EST PE SO PS SR cana C————— 


thereby making this a decrease change order. 
ES Ss SS sas um TUER INPS TT ARGIS QE IRL 


———— —— a a eT 
Will proposed change alter size of the project? Yes No X 


If yes, explain 


. VR — SS SS RSRS EE TE DOE CL MEC LO DEDI D ESTA = EE P 
SSD ienes, 


Affect on operation and maintenance cost of this project: 


Decrease in original contract price 


rrr CO oar 





ATTACHMENT TO CHANGE ORDER 





RE Description of Change Change in Contract Price 

Quantity p Description Unit Price Decrease Increase 
|o m d aca aoo TE O E pE 
hasce. | #53 - #75 stone eei | 9o | 1,494.00 | 
Ee ra 
CRC REM 
ES o RE PA 
TE SENE E 
a p WV 
TIO RPM RII 
RPE Rr 
Ce wwe Cos TEE 
Sais a (OG WEM EIL. 
arx c9 4 uw DO 
Eee eee HEX 2 
ES eee eee a. 
ER E ER Ea 
Total Decrease 

Total Increase Ema 4,970.00 
Net (Decrease) (Dorens) Contract Price ; E 


Fee. ©, 
Admn. Appr. 


TÍTLE OF ORDINANCE _ Change Order #1 and Final for Res 


- ing s 


Point Repairs 
DEPARTMENT REQUESTING ORDINANCE Board of Public Works & Safet 


^ 
rei em E 


SYNOPSIS OF ORDINANCE This Change Order reflects decrease items not necessary as 


part of subject project. Further, it allows for the modification of existing 
structures to accommodate the 42" RCP Class V; thereby making this a decrease chan; 


order. Land Excavating, Inc. is the contractor. 


EFFECT OF PASSAGE To facilitate completion of this project. 


EFFECT OF NON-PASSAGE 


MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) Decrease of $5,066.00 


ASSIGNED TO COMMITTEE 


BILL NO. S-86-05-10 


REPORT OF THE COMMITTEE ON PUBLIC WORKS 
INL Mam ek. NM O 


PUBLIC WORKS 


WE, YOUR COMMITTEE ON TO WHOM WAS 
q Ur o M EUM NIMM ME, A 


REFERRED AN (ORDINANCE) (RESOLUSLEN) | approving Change Order 


and FINAL for Res. 416-85, Paulding Road-Decatur Road Point 
c e cciam 1. rr cm 
Repairs, with Land Excavating, Inc., in connection with the Board 
poe M Mer ee ere cL dE I 


of Public Works and Safety, of the City of Fort Wayne, Indiana 














HAVE HAD SAID (ORDINANCE)  (RESOTOTION) UNDER CONSIDERATION AND BEC 
LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID (ORDINANCE) 
(XEEBSXXPPUSNGX 


YES NO 








THOMAS C. HENRY 
CHAIRMAN DOT EDGE OPEN. SENIOREN. 


DONALD J. SCHMIDT 
VICE CHAIRMAN cede oa dr cea ees 


MARK E. GiaQUINTA 





— 
E me E m CHARLES B. REDD 


CONCURRED IN ^5-9 "i^ SANDRA E. KENNEDY 
CITY CLERK 


